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Robert T. Daly 

misaloner . 42 BUG i264 
c Buildings Service . 
Gen neral Lervices Adrinistratica 
ash rane De G. 280405 


Atins Mr. Charles G. Palmer 


Dear Mire Daly: 

this Agency now hus auiaevination te use 51,750,090 of the 
bedanse of our esancs viera iiviliing construction anprogyiation for 
the design and construction of a bulldine on a portion of caw Langley 
site fo house the Ageacy priuting fawilities. 


A epecitic site has been gelectud and we have contyacted for the 
following preliminary seyvicus fsoin fuads other than the construction 
appropriation: 


1. —— Vienna, Virginia, for a site survey 


of the selected building : aita; 


2, DE , Sickivocad, Virginie, for 


soll tent data at the elie; 


ae Hiesten, Mass., to prepare a 
a 


aystems analysis and dasipn report. 


The site survey has been completed and the soll test data should be 
available within a fow cays. Sara. was given Motice 
ta Procecd ina leticr cated 2) July 1964 and their field personnel 
coramenced work on $ August 1964 


We have reviowed the brecshurcs which you furnished us on 
Washington J.rea Arcaltects whe may be available for negotiations 
leading to an award by the Price Hulldings Service of an Architect- 


Engiucer Contract, Mis requested that the Public Belldings Service 
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as Construction Agcnt for the Central Intelligence Agenc otiate 


j first with 
i: and in the event that their current work load or other circumstances 
f sreclude elther of thera ts kine this commission on an expedit basis 
} ene i oi : s i ’ 25X1A5a1 
f ; negotiate with P 


The general characteristics of the proposed building will provide 
special purpese space ina twoestory structure of 69,000 to 65,000 
rons square feet including spectal treatraent of floo: ‘3, walls and 

ceilings in various arcas, lishtinag, air cone itioning, huni: ‘lity control, 
power, water, sewerage, air, p23 and other utilities required for 
plant operation, Loac Nine ioeig, elevaters, special sinks, ete., will 
be required in this fa actly. Layouts, exiteria and detailed require~ ‘ 
ments will be subrnitted in the "Uesica report" of Eee aon iia 
which will be made avnilvbdle to you together with the site survey and 
eail test data, 


Pde, eee Rene 


r 
| 
It is our intention that the Arc chitect-lmgincey will develop his | 
plans and specifications generally in aecord with the pre posals in the 
“desian report" of RET ETI In any area of doviat on it — 
phall be clearly understood thet this 4 gency shall make the determinae 
tion of aay requirement or methed of accomplishing auch requirement, 


Upon completion of the Architect#i- nsincer's plang and specifica : 
tions, it is requested that PBS, as our bP Ponetrustion Agent, aavosties 
for bids and award a lump can cuntract for the construction of this 
building. The sum of $1,730,000, suihoriesa for this project is ta 
cover design (Architect-Engincer), construction contra ct Costs and 
PES administrative charges for suporvi: ei and inspection. These 
funds will be made available to you as needed, 


Sincerely, 


Distribution: | 

Orige & 1 - Addressee 
1~ Asst. Dir/Finance 
1 ~ C/Budget Div/BPA 
1 - OL/PSD 


| 

| 

i 

| 

| 

| 
25 
| 

1 + OL/LSD Acting Iilrector of Logistics 
| 

| 

| 

| 

| 

| 

| 
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1 ~ OL/ AS/B&F 

1 - OL files 
G- OL/RECD Project (official) 

1 = OL/RECD Chrono 

1 ~ D/L Chrono : en 
ok pro ase 2000/09/14 : CIA-RDP86- 00244R000200520059-4 
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